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1 3 Sh+I* forte mCK-fs 









, sal©, u. a. *iat. 


tw mr—t Divialoo, Public ortot Breach 


15 , 19 * 6 . 


Saustructiaa tegiaaar train, 
lalta* itataa icUt, 

Denver, Colorado. 

Pacta grspho vault ralaforein* otaal youra toalftfc JBaavar Colorado slat 
c»aa rally satisfactory{stop) paralt a extractor pour cone rata vhoa atcal 
■at* your full approval. 


Jupcrlataadsat of 
structural taglaaariac. 


/ 



\ ' 

\ 


TCB/tl 



xa, xose 


Froeuraaant Division, 
Pabllo Works Br nch, 
Trs sujcy Department, 
Washington, F. C, 


Has U. 3. Mint 

5 mw, Colorado 


/ 


Sir: 


*• attacning hereto three lot tars under data of Hay 7tk 

~^1^’ JJ!* ^ 39 i h, «r" P ^ «» ff^wtroetlo, 
i-ngi or, Mr * J ** a ’ °* 0w * a *. authorising u 9 to pour e ncrste 
la certain •actions of Vault Wo, 1, on the above project. 

fhla la for your information. 


Vaiy truly yours, 

J. J. KXRORHO? COHSTOOCTIOIT C0MP41T 


AHTliee 


CO Job 
CC Roue 
CC C.S. 



431 Woodward Building 
Washington, !). C. Offlca 



June 22, 1936 


Procurerasat Division• 
Public Voiles Branch, 
Treasury Department, 
^sshlngton, \ C. 


Bet U. S. Vint 

Denver, Colorado 


Sirs 

Vs are transmitting herewith for your information letter from the 
Construction Kn£l»eer, ^araen D. Or®as, authorising us to pour 
concrete in certain aectione of Vault 1 on tke ahovo 
project. 


Very truly yours, 

#. J. KIRCHHOF C«STRtXJ?I03 COMPMIT 


431 Woodward Building 
Washington, D, C, Office 


ABKtlss 


CC Boms 
CC Job 
CC C, B 



end, 1 







































u. KUU 








































v25 22 GOVT=PKN WASHINGTON DC 15 436P 
CONSTRUCTION ENG INEER = 


This is a full rate Telegram, Cablegram or 
Radiogram unless otherwise indicated by 
signal in the check or in the address. 


OL 

DAY LETTER 

NL 

NIGHT LETTER 

NM 

NIGHT MESSAGE 

LCO 

DEFERRED CABLE 

NLT 

NIGHT CABLE LETTER 


RADIOGRAM 


1936 JUN 15 PM 


•7 


17 


OWENS US MINT DENVER=. 


PHOTOGRAPHS VAULT REINFORCING STEEL YOURS TWELFTH DENVER COLORADO 
MINT GENERALLY SATISFACTORY STOP PERMIT CONTRACTOR POUR CONCRETE 
WHEN STEEL MEETS YOUR FULL APPROVAL= 

T C BROOKS SUPT OF STRUCTURAL ENGINEERING'. 


Telepho ** Your Telegrams to TbStClt Tilggvapb 
















Concrete reinforcement 




James D 




• Ovrcjia 

Denver* Colorado* 
June 11, 1936* 


?. J. Kirchhof Construction Co*, 
700 Lawrence St*, 

Denver; Colorado. 

Gentlemen; 


In accordance with paragraph 161 
end 162 of the Specifications for the U.3* Mint* 
Denver, Colorado; 

Thic is to certify that on June 11 t 
1936* I inspected the steel reinforcement as 
placed for the firet story wells of voult No. 1 
located in the old part of the hull ding. Said 
reinforcement fo form the vault boun&ry walls 
at the first fl or level, inclu ing door opening 
end koywtys * 

During the course of my inspection I 
found that forms and steel reinforcement hri been 
set in accordance with the plans and specifications 

Pcrmi^'ion is hereby granted to pour 
the above described area with concrete. 

J°ne s D. Owens 


TT nstruc tion r• 



Special Fhotos- 


Denver, Colo. U.S. Mint Add. 


PW-S 

Ovens, 

U.3. Mint, Denvsw, 


Denver, Colo., 
June 12 th- 1936 


Supervising Engineer, 

Public Works Branch, 

Procurement Division, 

Federal *are house, 
teshington, D.C. 

Sir: 4 

In reference to the contract with 
the *«J. Kirohhof Construction Co., for Remodeling 
and zxtentlon Of the U.S. Mint, Denver, and in wom- 
1lance with Pur.-163 of specifications requiring 
special photographs of vault re-lneforeement. 


Attached er© two photos shoving 
steel re-inforcecient as set in typical wall section, 
vault Ho.l- first floor level, south side and typical 
slab reinforcement of the Mezzanine floor,vault* one. 


On the wall view it will be observed 
thet the dowels appear 3-to 4 W lover than generally 
required. This was caused by the fabricator cutting 
his bosenent vertioal bars to rest on finished b&ss- 
nont floor level instead of old besosest floor slab 
requiring a 4" fill. It became impractical to apply 
the fill on baseennt slab before the wells were poured ' 
honeo the vertical bars were dropped 3 to 4’ to the 
top of old slab around tho old vault area.At all other 
levels the dowels splice 1-6" above finished floor. 


. . , floor view represents type 3-4 from 

schedule and is loonted on so. side fozzanino levftl 
bound by vault cols. 11 and 12-16"WP- beams and 307#all. 
1 lvet heads and connections are to be painted before 
pouring conorete. 


Wall seotlons areabout ready to pour, 
please wire result of your examination at the earliest 
possible time. 


Yours very truly, 
Consrtuction Engineer 
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Concrete re inf or cenent a 


U.8.Wint,Denver. 


Janes D. Owens 


Denver, Colorado, 
*ey 29, 1936. 


The F.J.Kirchhof Construction Co., 
700 Lawrence St., 

Denver, Colorado. 

Gentleman : 


In accordance with Paragraphs 161 
and 162 of the Specifications for the U.8. 
Mint Addition, Denver, Colorado: 

Ihia is to certify that on May 29th 
I Inspected deck forms and steel re inf or ceaent 
as pieced to farn the bt-sencr t floor slab of 
new Vault #1 locetftd in the old portion of the 
Mint Building. 

During the course of ay inspection 
I found that the far ns end s teel reinforcement 
had been set and veaeln accordence with the 
plans and specifications. 

Permission is hereby granted to pour 
the ebove described area with concrete. 

James D. Owens 


Construction Engineer. 



Concrete Reinforcement 


U.S.Mint, Denver. 


Janes D* Owens 


Denver, Colorado, 
May 12, 1936. 


The F.J• Kirchhof Construction Co., 
700 Lawrence St., 

Denver, Colorado, 

Gcntlera -a t 


In accordance with Paragraphs 161 
and 162 of the Specifications for the U.S. 

Mint Addition, Denver, Colorado: 

This is to certify that on May 12th 
I Inspected the steel reinforcement for the base¬ 
ment walls of Vault f‘1 as placed eround the entire 
vault area from basarc rt si* b up to the first 
floor si'b, including entrance opening and the 
extended part of the eaet end of old vault. 

Oaring the course of my inspection I t oun 1 
that Bold reinforcement had been set in accordance 
with plans and specifications. 

Permission is hereby granted to pour 
the above described area with concrete. 

James D. Owens 


Construction Engineer. 



Concrete* Reinforcement. 


U.S.Mint, Denver# 


Jones D. Owens 


, Colorado, 
May 7tU 1936. 


The F.J.Kirchhof Construction Co., 
700 Lawrence St., 

Denver, Colorado. 

Gentlemenj 


In accordance with Paragraphs 1C1 
end 16Z of the Specifications for the J.s. 

Mint Addition, Donver, Colorado: 

This ic to certify that on May 7th, 

I inspected the steel reinforcement end farms 
nc placed for the becoment slab of the vault 
elevator lobby at the west end of Vault j, 1, 
and found that the roinforcoaer t had bocn placed 
in accordance with the contract requiromenta. 

Permission is hereby granted to pour 
the ebovo described area with concrete. 


Janes 3. Owens 


Construction Engineer 



Stool Reinforcement, 


Denver, Colorado, U,S,JJint. 


Jer.es D. Owens 

O.S.Vint, Denver. Denver, Colorado, 

April 1st, 1936, 


Messrs, F.J.TTlrchoff Construction Co., 
700 Lewrenoe »t., 

Denver, Colorado* 

Gentlunn: 


Ir accordance with paragraphs 161-162 of the 
epeolflcations for the O.S, Mint Addition, Denver, Colo. 

Thie is to certify that I, on April let, 1S36 
inspected the etael reinforeason t an i forme aa placed 
to form the sub-basement wells of vaidt No.l - up to 
Basement floor slab end including the now extended pert 
on the east end. 

Hiring the course of my inspection, I found 
that the a tool reinforcement had been set in accordance 
with plans and specifications. 

Permission ie hereby granted to pour the obove 
described areas with concrete. 


Very truly youra, 

JDO/Jp 

Junes D, Owens 


Construction tlnglneer, 



RADIOGRAM 


Washington, D. C. 
March 17, 1936 
2:25 P.M. 


Construction Engineer Owens 
United States Mint, Denver 

Photograph reinforcing steel your 13th Denver, Colorado Mint 

GENERALLY SATISFACTORY. PERMIT CONTRACTOR POUR CEMENT WHEN STEEL GETS 
YOUR APPROVAL. 


T. C. Brooks. 


Received 
March 17, 1936 
1:50 P.M. 


Steel Reinforcement- 


Denrer, Colo. U.s. Mint Addition, 


U. , Wat 


/ 

/ 


PW-3 

Owens, 

Denver, 


Denver, Colo. 

Maroh 13th- 1936 


Supervising Engineer, 
Public Works Branch, 
Procurement Division, 
Washington, D.c. 


Sir. 


. _ Complying with paragraph 163 of the 

speolfioatlons for construction if the U.S. Mint. 

D ©nver, Colo., to provide photographs of 
one typical footing section, wall panel, and floor 
section of Vault No. 1. U.s! Mint. 

. _ , Herewith is photograph showing the 

reinforcement for East and tfouth wall of the 
Extenede part of vault No.l. Also print shoving 
reinforcement for vault floor slab over porta of 
the Extended part of vault. 

» _ ^ . Please acknowledge receipt and make 

comment by telegram at your earliest convenience 
that we may make wall pour at the earliest possible 


yours very truly, 


James D. Owens, 


Construction Engineer, 








































U.S* Mint, Denver, Colo. March 14th- 1936 
Wall re inforcement Vault Not 1- 
Vlew- Looking at the inside face of the Sast 
East and South wall of the Extended 
part of Vault No . 1 , Sub basement level. 


Signed- 


mes D. Owens, 

e rf, f^4* *J*- 


Construction Engineer. 


O 






HJfER, COLO* MfcuriJB to Mint# 


^rocormt W.7iaion # Public Ibrkj Brandi 

•cai m ezphisss.« 


Construction !6h t flnjtr Owena* 

D. >, Mint, 

Doarwir, Colorado* 

Photo irphs r 'inferring stool yours thirteenth Docvor Coioreo Mint 
generally •sti8f«ctory(stop)P‘at , nit contractor jear sc. ic rote rhro steel 
sect* your lull grovel* 


Superintendent of 

Structural Engineering. 



Confirmation mailed 

c.c. Distr.Sngr. 
c.c. SE-PM 


Pebrnaxy 17 , 1856 


Procurorsont Olviwton. 
Public Worlr* Branch, 
^reAsniy TKipartmant, 
ashln^ton, D. C. 




Baarer, Colorado 

81 rt 

“ “ITT^ rr D C t lfl — * InTO ««'» *« rainforcln# „..i 

0 »»»? Coio^SI! "•• *"■*••■■*«• *»*tMor f 9 , tb. £V S**, 

?h *'* certiflc »*“ of lMpootlon an for /our laformrtlon. 

y **T truly youra, 

*• J# KIHCWHOB QOtl'ST'* Kf tOU COMPAQ 


431 Woodward Building 
Washington, * 5 . C. Offie® 

AHKtlos 
CC Job 

CC Hw ^ffloo 
OC C.l. / 


-acloauroa 


Steel Re-lnforcement- 


^enever, Colo, Mint Vault No. 1 


PW-SE-6-B- 


Feb. 13th- 1936 


Messers F.J. Kirchoff Construction Co., 
700- Larenc* St. , 

Denever, Colo. 


Gentlemen: 


and 162- 
Addition, 


In accordance with paragraphs 161- 
of the specifications for the Mint 
Denver, Colo. 


1q™ ls to certify that I on Feb. 13th- 

4 *^*^*!t.inspected the steel re-inforcement as placed 

i?,?2 e M sul \ ba f e and port walls of the extention to 
vault No. 1- in the U.S. mint Biding. 

t fv-timA 2? ri 5 g the c ? urse of Inspection 

I found that the forms and steel reinforcement 

had be set in accordance with the plans specif- 
icatlons• 


emission is hereby granted to pour 
the sub- base foundation of the above deseriled 
area with concrete. 


Signed- James D. Owens, 


Construction Engineer. 



Ste«X Ro~inforeoment~ 


Donver Colo. U.s. fcin$ addition. 


PW-5E-6-B 


ijenvor, Colo. 
Jan. 29 th- 1936 


Messrs F.J. Kirchoff Construction Co., 
700 Lareneee St. 

Denever, Colo. 


Gentolemen:- 


In accordance with paragraphs 
161- 162 of the specifications for the U.S. fcint 
Addition, Dcneve, Colo. 

This Is to certify that I on 
Jan. 29 th- 1936- inspeceted the North half of 
Attic 'Floor forms and steel reinforcement for same. 

During the course of my Inspection 
I found that the forms and steel reinforcement had be- 
be n set is accordance with the plans and specifications. 

w 

Pemission is hereby granted to pour 
the above described area with concrete. 


signed——James D. Owens, 


Construction Engineer. 



Steel He-nforcement 


"enever, Colo. U.S. Mint. 


FW-SE-6-3- Denevr, Colo. 

Jan- 20 th- 1936 


Messrs F.J. Kirchoff Construction Co., 
700- Larenoe St. 

Denever, Colo. 


Gentlemen 


In accordance with paragraphs 
161-162- of the specifications for the U.S. 
Mint Addition, Denwver, Colo. 

This Is to certify that I on 
Jan. 27th- inspected the So. half of the 
Attic Floor forms and steel reinforcement 
for same some. 

During the course of my inspection 
I found that the forms and re-lnfircement had 
been set In accordance with the plans and 
specifications. 

Permission is hereby granted to 
pour the above described are with concrete. 


Signed— James D. Owens, 


Constriction Engineer 



Steel reinforcoinent- 


Denvcr* Colo. U*h# f int addition* 


Pb—oiS—u-B 


leaver, Colo. 
JPvQ. 11 - 1050 


.Mraars * .J. Kirchotf construction 0.0*4 
700- Iito^cq St.» 

^noT^T, Colo* 








Cientleren: 


In eecordsjicc vith paragraphs 161 
and It'- of the aj^cifications for the Pint 
Addticn, Denver, Cole. 

This is to certify that I on Jan. 

11- 11*56 ineoocteC the . o. half ot the Snd. floor 
ferae ei&d steel reisforeewnt for sane. 

During the course of sty inspection 
I four* that the fraus end steel reinforcing 
hnd been net in eccordence with plans and 
specificetionb. 

norulesion ia hereby granted to 
pour the above described area with oonorete# 


aianed-ffanes D* Owens, 


Construction iingineer 



Qtoel I.eii forcemeat- 


enter, Colo. 0*3, lint Addition. 


FT-w -S«-L- 

ierttt'' t Colo« 

Dearer, Coio. 
Jan. ll>- 1036 


Md&nrL > «w • Kirciioff Construction Co., 
Lurenoe £t., 

Denver, Colo. 


Gefctlemen: 

^ - 

la r.cccrdcnce tith pti't grcpLa 
l(jl-16£- d the sjrcificitiers for tte fearer 
I'int /ddJtloc. 

'jri! U tc certify tb* t I on 
* r *n. U tb- 1C5C impacted the Forth half og 
tho ?3id» 1‘lccr fern rnd bteel reinforcer sr.t 
for rare li eluding tie cluics e3.ov tor pit of 
the Wei* Vint /ddition. 

Urlng ttu> course of ny inspection 
I found, t* t the Terr* end steel reinforcing 
had T.onn set lr. «ec online e * ith the plicis 
specifications. 

Feraission Is hereby created to 
pour the chore desribed areas with concretes 


cicned-ce?;t;s .. . Ottone, 
Construction Kngineer. 


Keinforoing Gteal 


Denver, Cole* tf.S. Lint Add 


Kv-ss-6 B Denver, Colo., 

Deoumbur 20 th- 1955 

Jones D. Owens, 

U.S. l int Idd* 

xmver, Colo. 


Messrs F.J. Xirohoff Construction Co., 
7C0- Lurance St., 

.'enver, Colo. 


Contlcaen: 


'-.lilt is to certify that 1 on Noe. 
20 th-19?5, inspected 1st. floor slab forms and 
steel reinforcement for a me of the No. ha If 
of the Hew addition over to an last and west 
lino through Cole.F-5- cit and £12 • During this 
inspect ion I found the frame aid stool rein¬ 
forcement sot in accordance with plans and 
Specifications. 

remission is hereby grant** to 
pour the above de&orlbod areas with concrete# 


Very truly yours, 

James D, Cvott.£, 


Construction vngineer. 


otcol reinforcement 


Jeavor, Colo* U*5* bint Addition 




Joavur, Colo* 
Joe* 33- 1935 


Messrs F.J. flretoff Construct ion Co., 
700- Lnreriec 3t* * 

Denver, Colo. 


Cf*n tlemen; - 


In accordance */ith parc^rc phe 161 - 
16*- of the e pec if lections for the Denver l:lat 
Edition, server, Colo. 

This i.: to certify that I or. J ec. 
&5- 1$35 irspocted 1st. floor slal> forma and 
steel reinforcerert for the So. half of the: New 
Addition, bo inf frc^i an uf>; i vest line thiou&h 
Cola. .!S3-25 ant? 1212-• 

rurine the course of my icpoection 
I found that the foraa and steel bed beer <*et in 
aceoruencs rith plans and specifications. 

Pemiesion is hereby granted to 
pour the bbove desribed areac with concrete. 


^i^ned- Jutns d* Owens, 








Construction hngiuewr, 




FW*SE-6-B 


Denver, Colo. 
Jen. 2nd. 1936 


Jones D.Owens, 
U.S. klnt,Denver, 


kesswrs I'.J. Kirchoff Construction Co., 

700 Larcnce St., 

Denver, Colo. 


Gentlemen: 


In accordance \7ith paragraphs 161- 
1G2 of the specifications for the DonverLIint 
Addition. 


This is to oertify that I on Jan.2-36 
inspected the forms and steel reinforcement for 
the walls and ceiling slab of the Coiner 1 s Vault 
Kc.2, located on the lst.floor against the So. 

Wall of old building. 

During the course of my inspection 
I found the steal and forms had been set in accord¬ 
ance with plans and specifications. 

remission is hereby granted to pour 
the above described areas with concrete. 


Very truly yours, 
James D.Owens, 


Construction ^ingineer, 



Stool Her^ipclne; Steel 


- Jehjrer, ^J.o. f .«,.3^f4nt<, 


P'«~S«-6-8 


Jouvur, Colo, 
locerb^r 3/3 th-1935 


!&&oi*s r.J. Kircboff Couutruetiou Co., 

700 lavenco Jt.y 
Colo. 


Oontlaren; 


In accordance with *>ar*itfr«ph« 
151-16P of th- a-^olfiotetlous for tv 

Vint Edition. 


'3ii# Is tc certify that I on c©c. 

18th- 1950 Inspected the Eoc^rant ©11 foxr~ 
end steel roln** rccrasnt of tho now rdditlcn 
nn A fornd tUut CS 2 X had heer set lmocordritoo with 
tho plcre aid specifications. 

?er d salon, Is hereby ernirtcd fco pour 

tho above describe! crons with cor^i-ate. 


Signed- % Cvors, 


Cdjistruotion fcneinoar. 




Denver Col. 
Nov. 5th. 1935 


F.J. Kirchhof Construction Co,. 
7th. & Larence St. 

Denver Colo. 


Gentlemen: 


In accordance with paragraphs 
161 and 162 of the specifications for the 
Denver Lint addition. 

This is to certify that I on Nov. 
5th. 1935 inspected the steel mat re-inforc¬ 
ing and forms for foundation piers Nos. E12- 
E13- E14- E-5- E19- E6- and found the steil 
placed as required under the contract. 

Penaisalon is hereby granted to 
pour the above described areas with concrete. 


Respectfully yours, 


James D. Owens, 


Construction Engineer. 



Steel Reinforcing 


Mint Addition, Denver, Colo. 


Denver, Colo. 
Nov. 7 th-1935 


F.J, Ureiihof Construction Co., 
7th* and Larenoee St., 
leaver, Colo. 


Gen et lemon: 


In accordance with paragraphs 
161*find 16S- of the apecifications for the 
Denver, Mnt Addition. 

This is to certify that I on 
Nov. 7th. 1933, inspected forma and ^taol 
re-inforeemeat for foundation piers Nos. 

£*4, fi*10. Wall footings between piers and 
tall Footing ,N.W. corner of Addition,adJoatn^ng 
the old buldlng and wall footing fro® pier 
3-4 to old building, end found the -itool 
placed As recuiered under the contract. 

permission is hereby granted 
to pour tho above described areas with oonorete. 


Repseotfully yours, 
Janas j. Owens, 

C»ss m mmm ewi «MM»—i m <— 

Construction Engineer. 



Steel Re-inforcing- 


Mint Addition- Denver, 004.0* 


Denver, Cole* 
Hot* 6 tli. 1935 


y.J. Slrchhof Construe tlon co., 
7th. k tsresc* £t., 

Senver, Colo., 


Gentlemen: 


In accordance with paragraphs 
lei end 16 r of Hie m^eiflCRtlone for the 
Denver K'lnt Addition. 

This is to oortify that i,on hot. 

6 th. 1935 inepee ted the farm* and steel mat 
re-info^cing for foundation piers rios* 29- 
X0« K-% B-l, S3, 2-11, 2-7, Ptidostain -11 and 
£-7 and found the steel planed as required 
under the eontract. 

remission Is hereby granted to 
pour the above desrlbed areas w*th concrete. 


Pepesetfully yours. 


Jamas D.Owens, 


Construction Dnginoer, 






November 18, 1935 


Procurement Division, 
Public Works Branch, 
Treasury department, 
Washington, 0. 0. 


Sot U. S. Mint, 

Denver, Colorado 


81 rt 


Wo aro transmitting herewith In duplicate, lottoro under date of llowembor 
6th and ?th, from the Construction Engineer, Hr. Janos D. Owens, 
granting us permission to pour certain concrete footings on the ahovo 
project. 

These letters are for your lnformntlon. 


Very truly yours. 


F. J. KIECHTtQF COKy??OCTIOS COl.tPAlII 


431 Woodward Building 
Washington, D. C. Office 


ARftlee 



S. C. Form. No. 7 

digital (Eorpfl, littttrii Staffs Anttg 

Urottteh at 

- - ' ==^=================^= == - = -— _ ° 3—9501 o. g, oormootprr punmyo orrrcr.: in* 

5WVB WA 23 TRSY 1 EX PRIORITY 19 

WASHINGTON DC 1235P NOV 5 1935 

CONSTRUCTION ENGINEER OWENS 

US MINT DENVER COLO 

PHOTOGRAPH REINFORCING STEEL YOURS FIRST EXTENSION DENVER COLORADO 
MINT GENERALLY SATISFACTORY STOP PERMIT CONTRACTOR POUR CONCRETE 
WHEN STEEL MEETS YOUR FULL APPROVAL 

T C BROOKS 

1109A 


TELEPHONED 1127AM—WA/ 














Special Photograh of Reinforcing steel 
in footing section, in accordant)# with ruragrah 
165 of Specification. Mint Addition, Denver, Colo. 


View— looking down on the mat reinforcement 
of Footing E-5 after lowering to 
Kiev, plus- 41-0 




Uetal Reinforermt 


Mint Addition- jenvsr Colo. 


PW-S- 


Kot. 1 st. l^OS- 

jaii'/Oi— Col • 


Supervising : nrlneer, 
Public orkp Branch, 

rroi’t* - a tut j> ii.ion, 
federal ..rtuousi/, 
>tihlOgton, f. ,G* 


sir:- 

Et-ferring to the Mint ihdtlon Bonver, 
Colo, tinu complying with Per. # 1CZ of the spec- 
lffotloii for special photographs of concrete 
reinf oriNsttont. 

Herewith is print showing reinforcement 

in footing aootion A-C uf *er lowering the bottom 
to ©lore lion to plus -41-0. 

Ah we are anxious to pour concrete 
Monday 4 tfc- please aoknwlcclge receipt and 
comment by wire not later than Monday A.M. 


Respectfully, 


-James J.Owens, 


Construction nglneer. 



LetsJL ©inf or orient 


Mint Addition- -;en7er Colo# 


PW-3- 


Kor. let. 1935- 
Denrer- Col. 


Juperrlfline ngincer, 
lublle Works Eranch, 
Pr©eur««»t oiriaian. 
Federal arehouse, 

ft’eahlagton, I?»G* 


*ir:- 

Rofarring to the Hint Addtion Ben-re r, 
Colo, and ec»r:lyi»g with Far. # 163 of the spoc- 
if action for special photographs of concrete 
relnf oroemr.t. 

Herewith is print showing reinforcement 
ir Footing section 1>5 after lowering the bottom 
to ©1oration to plus -41-0. 

As we are anxious to pour concrete 
Monday 4 th- please eoknwledce receipt and 
comment by wire not later titan Monday A.M. 


Respectfully, 


-iTeiaes 3*Ovens, 

•mm*** «*«•*» +m*m**~ 

Construction ngineer. 


DENVER, COLO., MINT 



TREASURY DEPARTMENT 

WASHINGTON 


PROCUREMENT DIVISION 
PUBLIC WORKS BRANCH 


IN REPLYING QUOTE THE ABOVE SUB¬ 
JECT, BUILDING. AND THESE LETTERS 


PW- SE-F 


September 26, 1935. 


Mr. James D. Owens, 
Construction Engineer, 
U. S. Mint, 

Denver, Colorado. 


Sir: 


You are directed to make the necessary visits to the shops 
of the Colorado Builders Supply Company, Denver, Colorado, for 
the purpose of making the shop inspection of approximately 222 
tons of reinforcing steel to be fabricated for the U. S. Mint, 
Denver, Colorado. Submit reports in the usual manner. 

Communicate with the above-named company as to the dates 
such inspections are desired. 

A copy of this letter is being forwarded to the District 
Engineer. 

By direction of the Supervising Engineer. 


Respectfully, 



Assistant Superintendent o: 
Construction Managem 





ijonver, Colo* lint 


mi 'Inspection of 
Concrete ne-iriforoing Steel♦ 


i — 3 A—S 
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Denver, Colo., 
Ootobor, 18th* 1935- 


Supervising engineer, 

Procurement division, < 

Publlo works Branch, ■ 

Federal ftarehouse, • «oe.fr: 

Washington, D.C. 


Sir j« 


:no.zoi?am/ 


• ** Accordance with P.f-SA-5 letter, 

dated sept. 25th waiving Bill inspection of 
re-lnioroing steel fbr the Denver Klnt Extention, 
provided certified copies of tendon and bend 
test are submitted showing that the steel con- 
foma to contract requlrments* 


^rewith is contractors letter of Oct. 
16 th. submitting certified copies of tests 
covering the first shipment from the Colo. Fuel 
& Iron Co. to the Colo. Builders -supply Co., 
Denver, Colo, for fabrication* 


The writer has been instructed to make 
shop inspection of this material at the Denver 
plant as soon as it arrives* 


Respectfully, 


James D. Owens, 


Construction Engineer, 





Treasury Building* ashington, D.C 
Bulletin Boards, Sth, floor. 
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Denver Mint, 

Denver, Colo. 

Oct. 13 th. 1935- 

H- 8*«i 


The Kawneer, Company, 
Coleman Bronze Division, 
Niles, Mich. 


Gentlemen:- 

Beg to acknowledge receipt of 
your letter of Oct. 2nd. inquirring 

hared has r ©Jtilcotf Se fceilitttco .&*.'• ivot: 

-rro© /octe erf? *«r*v»ode Jbeti Jtnfr/c e*is 3 net 

•sd*&*?£&at? foatinoe ctf sane? 
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t .oG e* 6lLtu~ *oX j O ©ft ot «oD aea! % 
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/ 
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September 21, 1935 


Procurement Uriel on 
Public Works Branch, 


Treasury Department 


Washington, D. 0 


Ret U. S.¥int. 

Dearer, Colorado 


fa with to adviee you that the reinforcing eteel on the above project 
will be rolled by t&a 

COLORADO 7U1L * XROS COMPART 
at their plant at Mlnnequa, Colorado. 

reinforcing a teal will be fabricated at the Denver, Colorado pU&t 
of the 


COLORADO BUILDERS SUPPLY COUPAMY 


There will be approximately two hundred twenty two tone of reinforcing 
eteel required on thie Job. 

fe would appreciate having you adwlee ue aa to whether you will waive 
mill and ehop Inspection on thie project. 


Yery truly youre, 

f. J. KXRCHHOP COKSfRUCTXOM OOMFAMY 


431 Vfodfard Building 
Washington, D. C, Office 


AHKilee 
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RADIOGRAM 

Washington, D. C. 
December 11, 1935 
12:22 P. M. 

Construction Engineer Owens 
United States Mint 
Denver, Colorado 

Photograph reenforcing steel yours 4th Denver, Colorado Mint 

GENERALLY SATISFACTORY. PERMIT CONTRACTOR TO POUR CONCRETE WHEN STEEL 
MEETS YOUR FULL APPROVAL. 


Brooks. 


Received 

Denver, Colorado 

11:20 A.M. 


Steel Reinforcement 


Denver, Colo. Mint Addition. 


PW-S- 


Jainaa B? Owens, 
U.s. Vint, 
Dearer, Colo. 


Denver, Colo. 
December, 4th-1935 


Saporrising Engineer, 
Public d'orks Branch, 
Procurement Division, 
Federal Warehouse, 
Washington, D.C. 


Sir; 


Referring to th3 T J.3. iint Addition, 
Denver, Colo, and complying with Par. # 153 of the 
Specifications "or Special photographs of 
concrete re info’cement. 

Herewith is print showing reinforcement 
in the Basenent Wall Jootion at oolumns 

Noe. 4 and 5. 

's re are anxious tp pour basement walls 
st tho earliest possible date, pleas© acknowledge 
receipt and comment by wire bj year earliest 
convenience. 


RespB ctfully. 


James J. Gwens, 


Q one &t us til omutygineer, 















U.S. Mint Addition- Denver, Colo. Nov.30-1935 
Contractor- T.J. Kirchhof Construction Co., 


Special photograph of Reinforcing steel, 
in wall section in accordance with Par-165 
of the specifications. 

View- of East wall showing columns Nos. 
4 and 5 basement level# 


dcs D. Ov.ens^ 
Construction Engineer. 












